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UNCLASSIFIED 

PAGE 01 KABUL 08622 II0444Z 
ACTION NEA- 10 

INFO OCT-OI ISO-00 EB-08 /019W 

013205 110852Z/11 

R 1 10329Z DEC 77 
FM AMEMBASSY KABUL 
TO USDOC WASHDC 
INFO SECSTATE WASHDC 5585 

UNCLAS KABUL 8622 

E.O. 11652: N/A 
TAGS: BTIO, AF 

SUBJECT: SOILTEST INTERNATIONAL 
REES: A. USDOC 23659 B. KABUL 8280 


Message Text 


1 . THE CENTRAL AUTHORITY FOR TOWN PLANNING, MINISTRY OF 
PUBLIC WORKS (MPW) RECEIVED THE COMMERCIAL TELEGRAM FROM 
SOILTEST REQUESTING AN EXTENSION OF LETTER OF CREDIT 

TO JANUARY 31. THE MINISTRY AGREES WITH THE EXTENSION ALTHOUGH 
STRESSING THAT IT NEEDS THE EQUIPMENT URGENTLY. HOWEVER, 

THE MINISTRY'S CONTRACT WITH SOILTEST SPECIFIES THAT IF 
EQUIPMENT IS NOT SHIPPED WITHIN EIVE MONTHS OF THE DATE 
OF RECEIPT OE LETTER OF CREDIT, A PENALTY OF ONE-HALF 
PERCENT PER WEEK UP TO A MAXIMUM OF TEN PERCENT WILL BE 
CHARGED. AS LETTER OF CREDIT RECEIVED BY SOILTEST IN 
JUNE, THE MINISTRY BELIEVES THAT THE PENALTY CLAUSE IN 
THE CONTRACT SHOULD APPLY PROM APPROXIMATELY 
NOVEMBER 15 UNTIL DATE EQUIPMENT IS SHIPPED. 

2. MPW HAS MAILED DUPLICATE REQUESTS POR ADDITIONAL 
ITEMS OF EQUIPMENT TO SOILTEST. 

3. REQUEST USDOC TO NOTIFY SOILTEST OF FOREGOING. 

ELIOT 


UNCLASSIFIED 
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